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BILL NO. S-92-02-.) \ 


SPECIAL ORDINANCE NO. s- S 3-2 


AN ORDINANCE approving Change Order No. 
1 FOR RES. #226-91, W. MAIN STREET PHASE 
II (WATKINS TO RIVER) with WEIKEL LINE 
COMPANY, INC. in connection with the 
Board of Public Works of the City of Fort 
Wayne, Indiana. 

NOW, THEREFORE BE IT ORDAINED BY THE COMMON COUNCIL OF 
THE CITY OF FORT WAYNE, INDIANA; 

SECTION 1. That Change Order No. 1 FOR RES. #226-91, W. 
MAIN STREET PHASE II (WATKINS TO RIVER) with WEIKEL LINE 
COMPANY, INC. in connection with the Board of Public Works and 
Safety,.-ror: 

is necessary because during construction 

the contractors encountered a basement 

creating a deplorable condition as well 

as a potential unsafe condition to the 

general public. To rectify the 

condition, the basement needed to be 

filled in. the property owner agreed to 

construct and waterproof a wall at his 

expense which saved labor and materials 

for the City; 
involving a net increase of Five Thousand Three Hundred 
Thirty-Four and no/100 Dollars ($5,334.00), all as more 
particularly set forth in the specifications, and which is on 
file with the Office of the Board of Public Works and is by 
reference incorporated herein, made a part hereof, and is 
hereby in all things ratified, confirmed and approved. 

SECTION 2. That this Ordinance shall be in full force 
and effect from and after its passage and any and all 


necessary approval by the Mayor. 


Council Member 


APPROVED AS TO FORM 
AND LEGALITY 


RERE 


J. Timot Caulay 


CHANGE ORDER 





Change Order No. 1 ‘Resolution No. 276-91 
Project No. . - i Board Order No. _199-91 
Name of Project _W. Main Street Phase II (Watkins to River) Date Jon. 27,/992 
Toi_Weikel Line Compan c 

(Contractor) 
Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans 


and specifications: 
Description of Change ; Change in Contract Pricel 


Des<ription Unit Price 














77.0 SYDS}| Special Conc. Removal 


The sum of $ 5,334.00 is hereby (added to) XA#AXEXEMOEEOH) the total contract price 
and the final contract price shall be adjusted as follows: 
















Total Decrease 






Total Increase 






Net (Rexxeseeix (Increase) Contract Price 





Original Contract Price $ 27,574.00 
Current Contract Price Adjusted by Previous Change Order $ 00.00 
New Contract Price Including This Change Order $ 32,908.00 


The time provided for completion in the contract for this project is (unchanged) KEX&XSXSSa 
XdeExeMSEdX by 0 calendar days due to this Change Order. The date for completion 
of all work shall be January 15, 1992 e Furthermore, this document shal become an 
amendment to the contract and all provisions of the contract shall apply hereto. 


, (Chief Engineer) Date 2 -7- %Z 
Accepted by: | : é A f B Date 72 2- G2 
Approved by Ly. } p Date 2-71-92 

: Date R-/2- F2- 












, 5° p 
Attested by:: Date 2 7/2 — Z2 
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Change Order No. | 


Resolution No. - 


Board Order No. 199-91 


REQUEST AND JUSTIFICATION FOR CHANGE 


| 


Necessity for change: 


creating a deplorable condition as well as a potential unsafe condition to the 
general public. To rectify the condition the basement needed to be filled in. 
The property owner agreed to construct and waterproof a wall at his expense which 


saved labor and materials for the City. 


This ANSAT pr dev 16 beinn sue aS a result 


of Clr cumstances Wt cond not have been yeasonab 


Tove seen | 











Will proposed change alter size of the project? Yes xx No 
If yes, explain 


The cost of removal of concrete, backfill and concrete cost this contract 
$5,334.00 and solved many problems in the enar future. 


Affect on operation and maintenance cost of this project: 


No affect on operational or maintenance cost of the Street Light facility 











Jim riemke 4%=/ev~Engineer 





Read the first time in full and on motion by ' 
seconded by ETI , and duly oa) - AA second ti y 
pH ; 


title and referred to the Committee on (and the 











City Plan Commission for recommendation) and Puhl g tobe held after 
due legal notice, at the Common Coupe nce Room 128, City-County 
Building, Fort Wayne, Indiana, on , the , day 


of 19 o'clock, PJM. E.S.T. 
. KE PE pet en o 


DATED: a aS Go 
SANDRA E. KENNEDY, CITY CLERW 


Read the third time in full and on motion by de ehe , 
seconded by Ll2t40 , and duly adopted, placed on i assage. 


PASSED LOST by the following vote: 
AYES NAYS ABSTAINED ABSENT 

TOTAL VOTES F7 

BRADBURY e 

EDMONDS ` oa 

GiaQUINTA Ce 

HENRY a 

LONG co ` 
- LUNSEY e 

RAVINE em 

SCHMIDT oo 
-~ TALARICO M 





DATED: I-72 O 3-o-za faas Éi É 


SANDRA E. KENNEDY, CITY CLERK 


Passed and adopted by the Common Council of the City of Fort Wayne, 


Indiana, as (At N 7 L) 
(SPECIAL) (ZONING}— ORDINANCE  RESOHUPEON NO. Zx S-F 
on the J2 ZÉ day of Darot , 19 A 


SANDRA E. KENNEDY, CITY CLERK PRESIDING OFFICER " 


Presented by me to the Mayor of the City of Fort Wayne, Indiana, on 


the We day of hated? , 19 £2 
at the hour of MN BO o'clock FF »M., E.S.T. 


SANDRA E. kG CITY CLERI 


Approved and signed by me this AGN — o of A ' 


19 NU, at the hour of  l*3ə o'clock ee 
ne 


PAUL HELMKE, MAYOR 5 





ATTEST: "A 





BILL NO. S-92-02-25 
REPORT OF THE COMMITTEE ON CITY UTILITIES 


JANET G. BRADBURY, CHAIRWOMAN 
SAMUEL J. TALARTCO, VICE CHAIRMAN 


LUNSEY, LONG, GiaQUINTA 


WE, YOUR COMMITTEE ON CITY UTILITIES TO WHOM WAS 


REFERRED AN (ORDINANCE) (RESORURRGN) approving Change Order 
No. 1 FOR RES. 226- 

RIVER) with WEIKEL LINE COMPANY. INC. in connection S the Board 
of Public Works of the City of Fort Wayne, Indiana —ć — —ć — 


HAVE HAD SAID (ORDINANCE) (RESQRERXQN) UNDER CONSIDERATION 
AND BEG LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID 


(ORDINANCE) (RRKQHELEQN) 


DO _ PASS DO _ NOT PASS ABSTAIN NO REC 





4. 
Nr ae ae Coates 
FA a af 


DATED: B-rE-F 2 « 


Sandra E. Kennedy 
City Clerk 


Admn. Appr. 


TITLE OF ORDINANCE: Change Order #1, Res. #226-91, W. Main Street Phase II 
(Watkins to River) 


DEPARTMEN’: REQUESTING ORDINANCE: Board of Public Works 


SYNOPSIS OF ORDINANCE: During construction the contractors encountered 
a basement creating a deplorable condition as well as a potential unsafe 
condition to the general public. To rectify the condition, the basement 
needed to be filled in. The property owner agreed to construct and 
waterproof a wall at his expense which saved labor and materials for the 
City. This change order is being issued a result of circumstances that 
could not have been reasonably foreseen. Weikel Line Company, Inc., is 
the contractor. 


EFFECT OF PASSAGE: Will save many problems in the future. 


EFFECT OF NON PASSAGE: A. Pa -O2-2§ 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) $5,334.00 increase 


ASSIGNED TO COMMITTEE: 


